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EMANUEL GORLAND % 


EXECUTIVE DIRECTOR TELEPHONE CRAWFORD 0018 
= ` 417 SOUTH FIFTH STREET 
TERRE HAUTE, IND., 47807 


Dear Interested Citizens: 


The Community Center Area has been planned for redevelopment as an urban renewal project by the City of Terre 
Haute Department of Redevelopment and their consultants. This brochure is intended to provide an understand- 
ing of the objectives and principal proposals, and to clarify generally the program proposed for the Community 


Center Area. 


The success of the urban renewal program in Terre Haute will continue to be dependent upon a clear understand- 
ing of the program and through cooperation between you the citizenry and your federal and local government. In 
order to insure such success, the Department of Redevelopment invites inquiries from all persons seeking further 
information on this program. 


Sincerely, 


A Gluck 


Emanuel Gorland 
Executive Director 


PRESENT CONDITIONS è 


The Community Center Area holds a key position in 
the city of Terre Haute. This area, located at the 
western edge of the city, contains the junction of 
two of the most important transcontinental high- 
ways in the country. The Community Center Area 
is the main gateway from the west and provides the 
initial impression of the State of Indiana, the city 
of Terre Haute, and the central business district 
of the city. 

This vital area of the city includes portions of the 
central business district, the offices of both city 
and county government, and the Indiana State Uni- 
versity. The area is characterized by a mixture of 
inharmonious land uses: residential, commercial, 
industrial, trucking, wholesaling, warehousing and 
produce uses. The area suffers from traffic conges- 
tion, and streets are badly in need of improvement 
and realignment. 

The impression which the area gives today is one 
of blight, deterioration and congestion. The Commu- 
nity Center Area has the potential of being a strong 
asset to the entire city. The pressures exerted upon 
the area are many, but the opportunity exists to 
transform it from its present condition to that of a 
modern and efficient element of the city—an area 
that every citizen can be proud of. This can be 
achieved through a dynamic urban renewal program. 


GENERAL OBJECTIVES OF THE PROGRAMe 


The urban renewal program for the Community Cen- 
ter Area will provide the framework for removing 
existing blight, eliminating inharmonious land uses, 
and creating a new and greatly improved environ- 
ment for public and private development. The pro- 
gram will attempt to capitalize upon the sound por- 
tions that now exist and develop an attractive and 
functional area which is carefully integrated with 
the surrounding area. The following objectives can 
be achieved through implementation of the program: 


1. Utilize various forms of urban renewal including 
code enforcement to clear existing blighted build- 
ings and to renovate those buildings designated 
to remain in the area. 


2. Properly rehouse and relocate all site occupants 
required to move. 


3. Provide for the physical expansion of Indiana 
State University. 


4. Develop a new and pleasing approach to the 
city from the Wabash River and the west. 


. Redesign the junction of U.S. 40 and U.S. 41 to 


improve traffic flow, increase the capacity for 
turning movements, and relieve the burden of 
through traffic on Wabash Avenue in the central 
business district. 


Develop o civic center to include the Vigo County 


Courthouse, Terre Haute City Hall, and other 
public buildings on a unified site, with adequate 
off-street parking and generous open spaces for 
the enhancement of this prominant group of build- 
ings. 


. Further improve traffic and land use relation- 


ships by carrying out badly needed realignment 
and rebuilding of Sycamore Street and Second 
Street, and by closing certain other streets. 


. Make land available on adequate sites for new 


and relocated residential, commercial, light in- 
dustrial, wholesaling, and trucking development. 


. Provide for architectural and financial advice to 


individual businesses in order that they may de- 
velop with maximum benefit to themselves and 
to the city of Terre Haute. 


THE PLANe 


The plan for the Community Center Area is designed 
basically to remove buildings which are structurally 
substandard to a degree requiring clearance and 
buildings which are functionally obsolete and exert 
a blighting influence in the area. In addition, a 
number of buildings will be removed for planning 
purposes in order to achieve the goals and objec- 
tives of the plan. The major proposals for redevel- 
oping the area are as follows: 


STREET IMPROVEMENTS-The plan calls for the 
improvement of traffic conditions in the area by 
closing and realigning existing streets. The pro- 
posed changes will facilitate traffic flow, provide 
a separation of pedestrian and vehicular traffic, 
and create more desirable land areas for public 
and private redevelopment. Portions of Wabash 
Avenue, First Street and Second Street in the 
area surrounding the City Hall Building and 
County Courthouse will be closed and vacated. 
The flow of traffic on U.S. 40 will be split at 
First Street with Ohio Street one-way eastbound 
and Cherry Street one-way westbound. Turning 
movements at Third Street will be greatly im- 
proved by the provision of two left turning lanes 
in each direction and by increased traffic signal 
time for each turn. Traffic will be further im- 
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proved by the realignment and reconstruction of 
Sycamore Street between Third Street and Sev- 
enth Street, and of Second Street at Chestnut 
Street. 


INDIANA STATE UNIVERSITY—The campus of 
this outstanding institution must be expanded if 
it is to provide for an anticipated 1970 enroll- 
ment of more than 12,000 students. The expan- 
sion of the university campus has created a need 
for virtually all of the land that can be made 
available in proximity to the present campus. 
Therefore, most of the land within the project 
north of Mulberry Street and east of Third Street 
will be utilized for educational and related de- 
velopment for the university and will transform 
a blighted residential area into an asset which 
will further enhance the image of the city. 


CIVIC CENTER-The closing of Wabash Avenue 
and other streets adjacent to the City Hall and 
the County Courthouse will provide a site for 
the proposed Terre Haute Civic Center. The 
site lies west of Third Street between Cherry 
Street and Ohio Street. In addition to the city 
and county buildings in the center, a new post 
office building will be added. Parking space 
will be provided and a beautifully landscaped 
and dramatic mall area will be developed be- 
tween the group of buildings. The Civic Center 
would thus become an outstanding focal point 
for the community and would become the first 
view and the main entry into the city of Terre 
Haute and the State of Indiana from the west. 
Above all, the Civic Center would provide a 
unified and convenient center for most of the 
city, county and other governmental offices 
located in the city of Terre Haute. 


COMMERCIAL-The area of the project south of 
Mulberry Street ringing the proposed Civic Center 
will provide a number of outstanding sites for 
various types of commercial development com- 
patible with this key area of the city. In addition 
to serving the Civic Center, this new commercial 
development will supplement and enhance the 
downtown business district. 


LIGHT INDUSTRIAL, WHOLESALING, TRUCK- 
ING AND WAREHOUSING-The narrow strip of 
land in the northwest portion of the project, 
north of Cherry Street and west of Third Street, 
contains a number of business establishments 
which will remain after redevelopment and which 
are related to light industrial, wholesaling, 


trucking and warehousing uses. This area lends 


itself to a continuation of its present use be- 
cause of its location in relation to major high- 
ways and its proximity to the central business 
district. Land to be acquired in this area will 
be made available for the expansion of some of 
the existing business operations and will pro- 
vide sites for other business firms to develop. 


RESIDENTIAL-An excellent site exists in the 
project area for residential development, poten- 
tially one of the most outstanding apartment 
sites in the city of Terre Haute-the southwest 
corner of the project on a bluff overlooking Fair- 
banks Park and the Wabash River. Located west 
of First Street, between Ohio Street and Poplar 
Street, the site could be developed for high-rise 
apartments with an excellent central location, 
close to the Civic Center andwithin easy walking 
distance of the downtown area. 
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WHAT LIES AHEADe 


The Terre Haute Department of Redevelopment will 
be responsible for administering and carrying out 
the proposed plan and all of the urban renewal 
activities in the Community Center project in co- 
operation with other city departments and govern- 
mental agencies. 


A property can be acquired only after the owner has 
been satisfied with the price offered or has had the 
value of such property determined by a local court. 
All properties which have been designated for 
acquisition will be appraised by three impartial, 
competent, professional real estate appraisers. On 
the basis of these appraisals the fair market value 
for the property will be offered each owner. 


Staff members of the Department of Redevelopment 
will meet with every individual, family, and busi- 
nessman in the project area to discuss their prob- 
lems, and if necessary, their needs in terms of 
finding new accommodations. Each family and 
individual required to move will be given ample 
time and assistance in finding another dwelling. 
Assistance will be given to business establish- 
ments requiring relocation, to help in finding a 
suitable new location, and in obtaining financial 
assistance if necessary. Present project area busi- 


nesses being displaced will be able to participate 
in the redevelopment of the project area. All indi- 
viduals, families, and business establishments to 
be displaced by project activities will be entitled 
to moving expenses. There are additional cash 
benefits available for low income elderly individ- 
vals, families and small business firms required to 
move. 


Project area land which will be cleared of buildings 
will be improved and new building sites will be 
prepared. The land will then be sold to private 
developers, Indiana State University, and where 
applicable, to a governmental unit. The purchasers 
of the land will be required to enter into binding 
agreements to construct the new buildings in ac- 
cordance with the Community Center urban renewal 
plan adopted and approved by the City of Terre 
Haute Redevelopment Commission, Plan Commis- 
sion, and the Common Council. 
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Vico Co: Suhte Library 


Year Fading Decepber 31, 1969 


comm egioners_ 
A. C. Simnett, President 


At their annual meeting on December 2, 1968, The Board of Trustee 
appointed the above named commissioners to serve 


during 1969. — 
1969 the Commissioners met and elected the officers as shom. During the 
year no changes occurred in the membership of the Commission. 


Eaployees of the Department of Redevelopment 


dolby C. Uhlir, Executive Director 
Bobert L. Payne, Project Coordinator & Relocation 
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Approval was requested and received to extend the termination date of 
the project to July 1, 1970. During the year this department continued its pro- 
gram for disposal and redevelopment of project land. 


The city received $102,740 in real estate taxes in 1969 on property 
which produced less than $30,000 in real estate taxes in 1962. There are 
estimated additional taxes of $85,989 for 1970. 


Acquisition of Property 


The acquisition of all land in Project Indiana R-l6 was completed in 
1968 at the $2,403,692.00 reported last year. 


Property Management 


Rentals collected ty the Department on property in the Southwest Area 
to date total $26,459.89. No rentals were collected in 1969 but property manage- 
ment expenses were incurred in 1969 for grass mowing, 


Financing 


The Department owes a $385,056.38 balance on a June 7, 1968 preliminary 
loan note of $1,409,000, a $33,000 balance on a direct loan which was 

March 24, 1969, and a $61,000 balance on a direct loan which was approved an 
December 22, 1969. These notes are at 6% interest and will be repaid as land 

in the project is sold. 


There was no relocetion in 1969 and the final relocation workload re- 
port for Project Ind. R-16 totaled 362 cases: 


Records of the Department show that 104 families and individuals are 
now renting, 126 have purchased hames and 7 are in public housing units. Sixteen 
families were broken by death or separation, 48 relocated out of the city and five 
were evicted. 


Moving expenses amounting to a total of $19,050 were paid to families 
ͤ ty lo Poos cnt GLI, MAS selection adjustannt mme wre 


Of the 54 commercial firms relocated from Ind. 2-16, nine are renting, 
21 have purchased property, 21 firms liquidated and 3 moved out of town. Moving 
expenses amounting to $7,548 were paid to commercial firms, Those firms which 
liquidated were paid a total of $41,211 direct loss of property. Small Business 
Displacement payments totaling $11,500 were made. 


ti S 00 8 
All site clearance, site improvement end demolition in the R-16 area 
was completed in 1968 with a total cost of $613,834.38. This includes engineering 


costa incurred ty Construction Engineering Services, Inc., contracts with 8.4.8, 


Equipment Company, B € C Wrecking Co. and Mullins Wrecking Company for demolition 
work and Haley Bros, and Newlin-Johnson Develorment Co. for site improvement work, 


Land Disposition 

The Department in 1969 dedicated Parcel 5-3 to the city for park purposes 
and the only remaining parcels in the Southwest Project available for develcpment 
are Parcels 33-12 to 15, inclusive, Parcal 36-12 which is a small residential parcel, 
and Parcels 6-2 and 4, Interest ty local businessmen have been expressed in the 
commercial land available and there may be definite proposals for these before 
the end of the year, 

Certificates of Campletion were issued during 1969 to: 

1. State of Indiana Laborers’ Hidg. Assoc. for Parcel 7-7. 

2. N. George Nasser, Parcel 10-4. 

3. Frenk L. Joimson Development Company for Parcel 9-19. 

4. Krietenstein Glass & Paint Co., Inc. for Parcels 24-2, 18. 

5. Vigo County Parm Bureau, Inc. for Parcel 32-1. 
Rehabilitation 


A total of five 3% Rehabilitation loans hawo been processed and completed 
as follows: 


1305 3. 5th Street - Siding and Concrete Garage Floors 52,400.00 
501 8. 5th Street - New Roof and Painting 2,600.00 
805 8. 5th Street - New Furnace 1,600.00 


429 S. 5th Street - Deteriorated One-Family 
Two Story Dwelling 
Converted into Six Modern 
Apartments 149, 300. 00 


103-405 Willow Street - Dilapidated Two-Family 
Dwelling Converted into 


Six Modern Apartments vise 
10, 750,00 


One property failed to be approved for the requested amount. Docu- 
mentation for loans was not completed by owners on three properties. 


There were 317 properties in the rehabilitation area, 286 were 
residential mite, 21 were non-residential units and 10 were mixed, Rehabilitation 
has been completed on 313 properties, Of these 283 properties have been rehabili- 
tated to property rehabilitation standards and 30 to the city code standards. 


Property Acquisition 


During the past year the acquisitian of property has moved forward 
rapidly in the Commnity Center Project. Out of a total of 132 parcels to be 
acquired the Commission has taken title to 115 parcels and has under option an 
additional 5 parcels for a total of 120 parcels or 91%. Eminent domain proceed- 
ings have been filed in 10 of the remaining 12 parcels leaving 2 to be acquired 
through negotiation or court proceedings. 


The total acquisition budget is $3,237,150.00 of which 82, 6%, 867. 00 
has been disbursed for the acquisition of property and an additional $120,011 is 
committed under the 5 options, This total of $2,814,878 en in excess 
of 90% of the acquisition budget. 


Some property owners in the project requested the right to retain 
ownership which was granted in those instances where all requirements of the plan 
were met. In other cases parcels were removed from the acquisition list to permit 
private redevelopment which met plan standards. 68 parcels have been removed from 
the list of acquisitio by action of the commission which includes property pur- 
chased ty Indiana State University. 


Property Management, 
During 1969 in from rents totaled «34. Management costs 
were incurred as istics: sepale EE er 


and power, 
$3,018.84; sewer and water, $389.17; and insurenoe, $2,110.79; tax credits, 
$41,680.08, mak — total costs of $20,539.11. 


Financing 


Preliminary Loan Notes of $1,712,000 matured on March 7, 1969, and 
were refinanced for $2,465,000, the notes maturing on September 12, 1969. On 
that date loan notes of $2,465,000 were issued to mature March 6, 1970. 


Treasury bills in the amount of $290,000 which had been purchased in 
1968 matured on January 2, 1969. The interest earned on that investment was 
$2,260.22. Since that time there have been no investment of funds. 


Relocation 


The relocation work load in Indiana R-40 Commmity Center Project 
totaled 105 as of December 31, 1969: 


18 families 
22 individual householders 
65 commercial firms 
For a cost of $277,153.00 the Department has relocated: 
After acquisition: 
16 families 


15 individual householders 
49 commercial firms 


Before acquisition: 
A families 


14 individual householders 
21 commercial firms 


Demolition 


Bids were received in July, 1969 by the Department for the second 
demolition contract. The commission authorised the contract to be executed with 
A € c Wrecking Company € Keller Excavating Company in the amount of $114,898.75. 


Due to a fire destroying one of the buildings scheduled to be demolished 
as part of this contract, in the amount of four thousand dollars ($4,000.00) the 
contract has been reduced by change order to $110,898.75. 


Williams & Hamilton have the contract for the first phase of demolition. 


Amount of Paid to % 
Contract _ Iste. Completed 


Williams & Hamilton $ 82,365.00 $ 49,680.00 60.4 


A € C Wrecking Company & 
Keller Excaveting Company 110,898.75 23,965.00 21.6 


Land Dieposition 
The Department began its disposition program during the year. Approval 


was received for the sale of land planned for use by Indiana State University and 


a contract entered for conveyance of 9 parcels which will be deeded to Indiana 
State University in January, 1970. 


Hiscellaneous 
Officers elected by the Commissioners at its first meeting in 1969 
President - A. C. Sinnett 
Vice-President - George 0. Meth 
Secretary - A. Allan Harlan 
Other commissioners: Gilbert M. Bosworth and Dr. Donald Sharpe 
Changes in Department personnel were made during the year as follows: 
Jean Wilhoit, Clerk Typist, resigned May 15, 1969 to GR to work in 
Indianapolis. Miss Wilhoit was deaf and her emnloyment vas in 
adaptation of a physically handicapped person to office eeng 


Glenn L, Pearman, Real Estate Officer, terminated his employment 
on May 15, 1069 te Ween ie Un eer E Meer ep 


Mary Coordes resigned September 8, 1969. 
None of the positions were refilled because of the reduced workload. 
The Office serves as the office of the Terre Haute Hunan Relations 


Commission and provides office space for the NAACP. Personnel have been involved 


in many comamity activities and host a citisen's form on a weekly basis, 


SUT 


Much of the work of the Department during 1969 for its Southwest 
Project was concerned with disposition and redevelopment of property. As a 
result there has been increased building activity in the area. Apartments 
were in the process of construction on South Fourth Street as well as an 
office for a labor organisation; on Third Street, Indiana State University 
built 224 more dwelling units for its married students, and construction is 
under way for a refrigeration plant and 156 additional housing units for the 
elderly and a printing and publishing plant. 


Over 99% of the land in Project Indiana R-40 has been acquired or 
eminent domain proceedings started. Demolition and Disposition has already 
begun. Preparations are being made for disposition procedures, A great deal 
of interest in the project hes been displayed ty businessmen and it has been 
possible to permit individuals or companies to either retain or acquire proper- 
ty from owners for the purpose of bringing it up to plan standards or by the 
construction of commercial enterprises which meet the requirements of the 
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Year Ending Decemser 31, 1970 


Ps: 
SAE "ane, 


A. C. Sinnett, President 

Dr, Donald M. Sharps, Vice President 
John B. Etling, Secretary 

Florence Goodnan 

Father John Elford 


At their annual meeting on Decznber 1, 1969, The Board of Trustees 
e.ppointed the above named commissioners to sarve during 1970, On January 5, 
1970 the Commissioners met and elected the officers as shown. During the 
year no changes occurred in the mexbersnip of the Comissim. 


Employees of the Popartsaat of erlernt. 


| 

Colby C. Uhlir, Exacutivs Diractor 

Rotert L. Payne, Project Coordinator & Relocation 
Officer 
Keith A. Hennecke, Znginserinz Officer 
Helen 8. Orrill, Ralccation Agent 
Roth Delores Hugg, Administrative Secretary 
Fred W, Zwerner, Jr., Property Officer W 
Elrer W, Arnold, Plarning Assistant. | 


Southwest Project Aroa 
Ind. R-16 


Approval wes requested and received to extend the termination cate of the 
project to December 31, 1971. During the yaar the Department continued its program: 
for disposal and redevelopment of project land. 


Acquisition of Property 


The acquisition of all land in Project Indiana R-16 is compisto, The 
total cost was $2,403,692.00 previously reported. 


Property Management 


Rentals collected by the Department on property in the Southwest Area to 
date total $26,459.89. No rantals wore collected in 1970 but property management 
expenses were incurred for grass mowing. 


Financing 


The Department owes a $385,056.38 balance on a June 7, 1968 preliminary 
loan note of $1,409,000, a $33,000 balanco on a direct loan which was approved on 
March 24, 1969, and a $61,000 balance on a direct loan which was approved December 
22, 1969. These notes are at 7-7/5% interest and will be repaid an land in the pro 
ject is sold. 


Ral.ocation 


There was no relocation in 1970 and the final relocation workload reper: 
for Project Ind. R-16 totaled 362 cases: 


209 Families 
99 Individual Housshoiders 
54 Coumercial Firms 


Records of the Department show that 104 families and individuals are now 
renting, 128 have purchased homes and 7 are in milic housing units. Sixteen fanii 10 


ware broken by death or separation, 48 relocated out of the city and five were evicced 


Moving expenses amounting to a totai of $19,050 were paid to families and 
individuals by the Department and $15,243 relocation adjustment paymente were made. 


Of the 54 commercial firms relocated from Ind. R-16 nine are renting, 21 


have purchased property, 21 firma liquidated and 3 moved cut of tom. Moving expenses 


amounting to $7,548 were paid to commercial firme. Those firms which liquidated vera 
paid a total of $41,211 direct loss of property. Small Business Displacemsnt payränts 
totaling $11,500 were made, 


Demolition, Site Clearance and Site Im t 

All site clearance, site improvement and demolition in the R-16 area was 
completed in 1968 with a total cost of $613,834.38. This includes engineering costs 
incurred by Construction Engineering Services, Inc., contracts with S.A.S. Equipment 


Company, B & C Wrecking Co. and Mill ine Wrecking Company for demolition work and 
Haley Bros. and Newlin-Johnson Development Company for site improvement work, 


Land Disposition 

The Department sold Parcel 36-12 in 1970 and the only remaining parcels in 
the Southwest Project available for devalopment are Parcels 33-12 to 15, inclusive, 
and Parcels 6-2 and 4. Interest by local businessmen has been expressed in the 
commercial land available and definite proposals are anticipated for these before the 
end of the year. 

Certificates of Completion were issued during 1970 to: 

1. Moore-Langen Building Company, Inc. for Parcel 34-4. 

2. Budlock Realty for Parcals 33-16 and 17. 

3. Frank L. Johnson & Sons Development Company for Parcel 36-12. 

4. Hymen € Pearl Swislowski for Parcels 15-7, 9, and 10. 

5. Progress Building Corporation for Parcel 6-3. 
Rehabilitation 


A total of five 3% Rehabilitation loans have been processed and completed 
as follows: 


1305 S. Sth Street - Siding and Concrete Garage Floorw $2,100.00 
501 S. 5th Street - New Roof and Painting 2,600.00 
805 S. Sth Street - New Furnace 1,600.00 
429 S, Sth Street - Deteriorated One-Family Two Story 49,300.00 

Dwelling Converted into Six Modern 
Apartments 


493-405 Willow Street - Dilepidated Two-Pamily Dwelling 48,650.00 
Converted into Six Modern Apart- 
nents 


Total $ 104,750.00 


One property failed to ba approved for the requested amount. Documenta- 
tion for lens was not completed by mers on threo properties. 


Thera were 317 properties in the rehabilitation area, 286 were resident- 
ial units, 21 were non-residential units and 10 wore mized. Rehebilitatica has bern 
completed cn 313 properties, Of thess 283 proporties have been rehabilitated to 
property rehabilitation standards and 30 to the city code standards, 


Comamity Center Project Area 
Ind, R-40 


Property Ae ition 


During the pact year the acquisition of property has moved forward rapidly 
in the Cosmmity Center Project. Out of a total of 132 parcels to be acquired the 
Commisoion has taken title to 129 parcels and has under option one additional parcel 
for a total of 130 parcels or 98.5%. Eminent domain proceedinge have been filed on 
both of the remaining parcels. 


The total acquisition budget is $3,237,150.00 of which $3,16¢,048.60 has 
been disbursed for the acquisition of property and an additional $11,718.00 is cam- 
mitted under option. Thin total of $3,180,766.80 represents 98% of the acquisition 


budget. 


Scene property owners in the project requested the right to retain owner- 
ship which was granted in those instances where all requirements of the plan were met, 
In other cases parcels were removed fran the acquisition list to permit private re- 
development which met plan standards. 68 parcels havo beam removed fren the list 
of acquisition by action of the commission which includes property purchased by 
Indiana State University. 


Property Maasessat 


During 1970 income from rents totaled $30,812.77, Management costs were 
incurred as follows: repair and maintenance $473.56, fuel, light and power, $3,373.28, 
sewer and water, $501.05; and insurance, $1,579.52, making total costs of $5,927.41. 


Financing 


Preliminary Loan Notes of $2,465,000 matured on March 6, 1970 and were ro- 
financed for $2,465,000, the notes maturing on September 8, 1970. Om that date loan 


notes of $2,600,000 were issued to mature September 10, 1971. 


Belesation 


The relocation work load in Indiana R-40 Community Center Project totaled 
113 as of Dacembor 31, 1970: 


. 
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19 Families 
25 Individual Householders 
69 Commercial Firms 


For a coat of $367,698.99 the Department has relocated: 
After Acquisition: 


19 Families 
22 Individual Householders 
63 Commercial Firme 


Pefore Acquisition 


4 Families 
15 Individual Householders 
22 Commercial Firms 


The Department processed an Amendatory Contract for Relocation in accord- 
ance withthe provisions of the 1968 Housing Act. One replacement housing payment was 
E amounting to $3,065.24. 16 additional relocation payments were made totalling 

7,181.48. 


Demoliticn 
All property is under contract for demolition. The status of each contract 
is: 
Amount of Paid to T 
Contract. Date SS 
Williams & Hamilton $ 82,365.00 64,630.00 78 
A € C Wrecking Company 4 110,898.75 88,198.35 79 
Keller Exsavating Company 

Land Dispositicn 


The Department began its disposition program in the year 1969. Approval 
was received for the sale of land planned for use by Indiana State University and 
un parcels were conveyed to Indiana State University on October 15, 1970 for 

32,000.00. 


On October 15, 1970 the Department opened bids on its first land offering 


for private development in the Community Center Project. The following proposals were 
received: 


Parcel No, — , By oo = i Land Ugo Purpose __ 
23-1, 23-5, & Public Service Company of Indiana, Inc. Business Cffice 


Parcel No, ` Bid Submitted By as «find Usa Purpose 
16-12 Herbert EeCracken Parking or Expansion 
22k, Tiffin Auto Exchange, Inc. Retail Automobile Sales 


Contrects have been exscutcd with Herbert HeCracken and Tiffin Auto Exchange, 
Inc. 


On Becesber 8, 1970 the Departisemt received a proposal for Parcel 23-4 frau 
Fair Mecdows Shop, Ine. by ite President, Mr. Joo Solomon for the consetructicn of a new 
office building. 


MISCELLANEOUS 
Officers elected by the Comissionors at its first meeting in 1970 were: 


President - A. C, Simiott 
Vice President Dr, Donald H. Sharpe 
Secretary dom E, Bil ing 


Other Commissioners: Flerance Gooduaa and Father John Elford 
Changes in Department Perssonsl ware made during the year as follows: 


Haleyone Porter, Acsountmri Statistician resigned 
Pebruary 3, 1970. 


Elor W, Arnold was hired August 26, 1970 as a Planning 
Assistant, 


Fred W. Zwernor was hired Augast 24, 1970 as Property 
Officer. 


Golby C. Uhlir, Kuscutive Dirsctor, resigned September 17, 
1970. The Commissioners have requested his csontincance 
and permission to hold his rasignation in obsyancs while 
they have it wider review, 


The Office serves as the office of tha Terre Haute Human Relations 
Connission, provides office space for the NAACP aad personnel have bem involved in 
many comunity activities, 


The Department asaisteä inthe preparation of a Neighborhood Facilities 
ee the Charlos T. Kyte Community Ceater which resulted 11 e $489,065 
eral s 


SUMA KT 


Euch of the work of the Dopartaoand during 1970 for its Seubimest Project 
kas concerned with «ispovition and redsvslopment of property: As a result there 
hän been increased bullding activity in the area m South Fourth Strest. Terre 
Kaute'g first moduler home wes built. Indiane State University 12 sailding more 
cel ling unite for ite married students. A mestaurent vas completed and opensd 
to the public. The Dreier Square Public dosing Authority built an additions]. 
156 Senior Citinens Units. Meore-Langm somnlotet their now building. Reuben H. 
Donnelly moved inte their new of fees, Bud lock Refeiceration relocated fren ths 
Community Canter Project into their new building in the Southwest Arga. Plans 
ars being esapleted for the development of tho ranaindsr of the asea. 


Over 98% of the land in Project Indinrz R-40 her been acquired ond eninant 
domain proesudines started on the resainder. Desclition and Dispcaition has al- 
ready begun. Public Service Company cf Indiana, inc. subultted plans fer their 
new office building in the area and Tiffin Auto Exchange, Inc. wiil relccate with- 
in the project. Vigo Fruit mans expansion adjacent te their kuildiag within tho 
project. Project Site Imprevesmts end Darolitica should be completed in 1971. 


Res 7 Submited, 


4 Aber 


